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| BILL NO. S-87-10-3/7 


SPECIAL ORDINANCE NO. S-2£ 3-4 


AN ORDINANCE approving Change Order 

No. 1 for Resolution 442-87, Hawthorne- 
McClellan Storm Sewer, with Land, 
Inc., in connection with the Board 

of Public Works and Safety of the 

City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 for Resolution 442-87 
Hawthorne-McClellan Storm Sewer, with Land, Inc., in connection 
with the Board of Public Works and Safety, for: 

this Change Order is necessary 


to adjust contract amount to match 
actual quantities for construction; 





involving a net decrease of Thirteen Thosuand Five Hundred Eighty 
and 52/100 Dollars ($13,580.52), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved.- 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 





approval by the Mayor. 
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SANDRA E. XENNEDY, CITY CLERK 






Read the 
Seconded by 
passage. 
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+ and duly adopted 
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i SANDRA A SE CITY CLERK 
Passed and adopted by the Common Council of the Cite of Fort 
Wayne, indiana, as (ANAEX2 T PPROPRIATION) 


(SPECIAL) (ZONEMG-MAD) ORDINANCE (RESOLUTION > NO. 


on the C E day of L bra die LE s 


ATTEST: (SEAL). 
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SANDRA E. KENNEDY, . CLT CLERK 









Presented Pe me to the Mayor of the City“of Fort Wayne, Indiana, 


on the’ foot day of Ate ec 5 2 A 
———— a 
at the hour of 41.008 





o'clock AF- -M.,E.S.T. 


SANDRA E. KENNEDY, CITY CLERK 
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CHANGE ORDER 








Change Order No. #1 Resolution No442-87 
Project No. Board Order No, 26-87 
Name of Project: HAWTHORNE /McCLELLAN Date: 1 October 1987 
A O O eee ee A A ts O e 
Toz 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 















Description "Unit Price Decrease Increase 


~L Case 












Total Decrease 


Total Increase eee 35109593 
13,580.52 


The sum of $ 13580252 is hereby (HAdBAX¥SFX deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Net (Decrease) (HRRXRASR) Contract Price 


Original Contract Price 116.082.15 
Current Contract Price Adjusted by Previous:Change Order See 


New Contract Price including this Change Order $a 


g — 102,501.63 


The time provided for completion in the contract for this project is (unchanged}*4##8¥Sa8ed ) 
(degreased) by 20s calendar days due to this Change Order. The date for completion 
of all work shall be N/A + Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by : ULA ERE Chief Engineer Date 10-12-¥) 
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ATTACHMENT TO CHANGE ORDER ` 
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t3 2" Seed, Mulch, inc. topsoil ue ee, 183.00 
7 
16 Remove existing 12" CMP > 7.00 
18 Concrete pavement 6"plain E ans] 
PEA AI 
IAN E A E 
Total Decrease 

Total Increase TO 3510993 
Net (Decrease) (inaxeazertx Contract Price 
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S Change Order No. 1 
Resolution No. 442-87 
Board Order No._26-87 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__To adjust contract amount to match actual quantities 


for construction 
A St ea areca ee EE A A eet A ee RA a E A 


sii EE = OP aN =, H A Net Bi AA UE O + ee a Se ee 
Will proposed change alter size of the project? Yes No_ x 


If yes, explain 


7 SSS as a A RP A A A A A A ee Ee 
Affect on operation and maintenance cost of this project: 


ES AE: A IAE A A A E E 
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, S Admn. Anpr. 
L A NA 
TITLE OF ORDINANCE Change Order #1 for Res. 442-87, Hawthorne-McClellan Storm 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE Change Order #1 for Res. 442-87, Hawthorne-McClellan 
Storm Sewer is necessary to adjust contract amount to match actual quantitie: 


for construction. ‘Land, Inc. is the Contractor. 
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EFFECT OF PASSAGE To facilitate completion of project. 
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EFFECT OF NON-PASSAGE 
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MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) | Decrease of $13,580.52 
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BILL NO. 
A A 


REPORT OF THE COMMITTEE ON CITY UTILITIES 


CITY UTILITIES ; 
TO WHOM WAS 
approving Change Order 


WE, YOUR COMMITTEE ON 


REFERRED AN (ORDINANCE) (RESOLOFLON). 
No. 1 for Resolution 442-87, Hawthorne-McClel lan Storm Sewer, 


with Land, Inc., in connection with the Board of Public Works 
and Safety of the City of Fort Wayne, Indiana + Be COTA ; 





HAVE HAD SAID (ORDINANCE)... (RESOLOTTON) UNDER CONSIDERATION: AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


Rat 





Is 


YES. 


PAUL M. BURNS 
VICE CHAIRMAN ye ee es ee a ree 
THOMAS C. HENRY 
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BEN A. EISBART 
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